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BILL NO. S-83-05- 


SPECIAL ORDINANCE NO. S- 


7^/J 


AN ORDINANCE approving Change Order 
No. 1, Resolution #5942-82, 1982 
Flood Damage, Dwenger Ave., with 
Brooks Construciton in connection 
with the Board of Public Works. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 


THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order No. 1, Resolution No. 


5942-82, 1982 Flood Damage, Dwenger Ave., with Brooks Construc¬ 
tion Company, in connection with the Board of Public Works for: 


necessity for change on this project: Res. 
5942-82 was bid 7/14/82. The Special Pro¬ 
visions and Contract stated that work start 
immediately and be completed by 9/30/82 with 
a $100.00/day fine for failure to comply. 

Due to extensive sewer work in the area ne¬ 
cessitated by flood damage, work had to be 
delayed for a full year. In this time frame, 
asphalt price increased 10.1%, wages and 
benefits 13.3% and gas price for drying aggre¬ 
gate 23.5%, thus justifying this Contract 
price increase. Item 12 "Holes for underseal" 
was not included in the original Estimate of 
Quantities but is required to underseal the 
pavement; 


involving a net increase in the amount of Five Thousand Eleven 
and 90/100 Dollars ($5,011.90) all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works, and is by reference incorporated 
herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 


SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 
approval by the Mayor. 



APPROVED AS TO FORM 
AND LEGALITY 



Bruce 0. Boxberger, City Attorney 








Read the fi#st time in^full and on motion by 

seconded by .77 A - ///■.. _, and duly adopts 

by title and referred: to the Committee (' 




, read the--"'second time 

(and fjhe City 


Plan Commission for recommendation) and Public Hearing” to be held 
due leqal notice, at the Council jChambera-r-ei t y-C o unt y Building7 ~'^ort Wayne, 
Indiana, on_, the_* day of 


3 " 


73 


19 


at 






o’clock__.M. ,E.S.T. 


Read the thirj 

seconded by___ 

passage. PASSED (BOST^I by the following vote: 


1 




CITY CLERK 


.imec-wi full and on motion by_ 

^_, and duly adopted, plae 


TOTAL VOTES 


BRADBURY 
BURNS 
ElSBART 
GiaQUINTA 

SCHMIDT 

SCHOMBURG 

SCRUGGS 

STIER 
TALARICO 

DATE: 






-CITY tfLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, 


Indiana, as (ZONING ’MAP)-(GENERAL) (ANNEXATION) (SPECIAL) 

(APPROPRIATION) ORDINANCE (RESOIHJTT©?#? NO. 




_day of_ 


N0._ 

^7 


77 - 

(SEAf^T^ 


19 


CITY C2ERK 


PRESIDING OFFICER 


Presented by me to the Ma^or/^f the City of Fort Wayne, Indiana, on 

_ -3 d ay of 19 ^^ , at the hour of 

o’clock v /• . M. , E. S . T . 


Approved and signed by me this otlptlx d ay of ilYloAJ 

_o’clock ~f\ .M. , E . S ■ T . ' 


CTY ^LERK 


19 <?3 , at the hour of_ 




WIN MOSES, JR. - MAYOR 












































































CHANGE ORDER 


hange Order No. 1 • _ 

roject No. ___ 

2 .r.e of Project 1982 Flood Damage Dweneer Ave 


Resolution No. 5942-82 _ 

Board Order No. 101-82 _ 

Date April 8. 1988 


D: _ Brooks Construction Co. 

(Contractor) 


entlemen: 


73 -//-/•? 
7/2 


du are hereby requested to comply v/ith the following changes from the contract plans and 
pacifications: 


asm 

D- 

Ouantitv 

Descriotion of Chanqe 

Unit Price 

Chanae in Contract Price 

Material 

Decrease 

Increase 

12 

200 

Holes for Underseal 

s.nn 


1 . 000.00 







8 

860 

HAC Binder 

19.06 

16.391.60 . 


9 

480 

HAC Surface 

22M3 

9 ,.64 4. .,90 








8 

860 

HAC* Rinde>r 

- 22.17 


19.066.20, 

9 

430 

HAC Surface 

25.54 


10.982.20 



















Total Decrease 

Total Increase 

Net (Eteooeacse) (Increase) Contract Price 

26,036.50 



31,048.40 


5,011,90 . 


na sum of 5 5,011.90 _ is hereby (added to) (dx^tto^edcx&Raea) the total contract 

rice, and the final contract price shall be adjusted as follows; 


Original Contract Price $ 46,534.14 

Current Contract Price Adjusted by.Previous Change Order S_ 

New Contract Price Including this Change Order S 51.546.04 


~e time provided for completion in the contract fcr this project is (unchanged) 

ssacEKXsssg by 0 _ calendar days due to "his Change Order. The date for completion 

f all work shall be Unchanged _. Furthermore, this document shall become an 

:he contract shall apply hereto. 


indment to the contract and all provisions o 
Koonendtd by: _ /TChUf 

ccepted by: _ ! J^ 

pproved by: _( 

pproved by: 


r.cineer) Date 


(Contractor) Date 



mm 






(Owner) Date 


Date *3-0— <P 3 




















































Change Order Mo. 1 _ 

Resolution No. • S942-82 _ 

Board Order No. 101-82 _ 

REQUEST AND JUSTIFICATION FOR CHANGE 

Necessity for changer This project was bid 7/14/82. The Special Provisions and Contract 
stated that work start immediately and be completed by 9/30/82 with a $100.00/day fine for 
failure to comply. Due to extensive sewer work in the area necessitated by flood damage, work 
had to be delayed for a full year. In this time frame, asphalt pric'e increased 10.1%, wages 
and benefits 13.3%'and gas price for drying aggregate 23.5%, thus justifying this’Contract 
price increase. ... - - • 

Item 12 "Holes for Underseal" was not included in the original Estimate of Quantities hi'ir . 

is required to underseal the pavement. 


Will proposed change alter size of the project? Yes_ No x 

If yes, explain: ______ 


Affect on operation and maintenance cost of this project: n/a 


1A 




Richard Knappenberg< 




- 

ProjectEngineer 






























S-83-05-10 


BILL NO. 

REPORT OF THE COMMITTEE'ON CITY UTILITIES 

WE, YOUR COMMITTEE 0N City Utilities _ T0 WH0M WAS re FERRED ^ 

ORDINANCE approving Change O^der No. 1, Resolution #5942-82, 1982 Flood Damage , 
Dwenger Ave., with Brooks Consti4tion in connection with the Board of 

of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE j) _PASS. 































Admn. Appr._ 


DIGEST SHEET J y (?£(?$ 

TITLE OF ORDDIAHOE-Chan^er^e, . 1982 Damage 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works 


Uwe'riger Ave." 


SMOBSIS OF ORDINANC E Th ^ necessity for change in this pro j e ct ; R es . 5942 
- g - 2 KaS bid 7 ~ /14/82 - ^ Special Provisions' and Cent 


ract stated that. 


" rt StW - completed by 9/30/82 » ith a *100.00,day. 

fine for to comply. Due to extensive ^ ^ ^ ^ 


necessitated b 7 flood damage, wort had t o be delayed for- a full 
In this time frame, asphalt price increased 10 .IS 


year. 


wages . § benefits 


13.3% and gas price for dryi 


ng aggregate 23.5%; thus justifying this 


Co ntract price.increa s e. Item 12 "Holes fo 

in the original Estimate of Quantities h„i- i = 

yudnrities but is. required to 


— nnderseal" was not included 


underseal the 


C ° ntractor is Brooks Construction Co. 
EEEECT OF PASSAGE^_Flood Damage Repair . 


effect OF NON-PASSAGE 


met INVOLVED (DIRECT COSTS, ETEEaiDIHIRES, SAVIKS) In 


crease'of $5,011.90 


ASSIGNED TO COMMITTEE ( PRESIDENT)_ 










































































